UNIT CONSTRUCTION  COSTS
Account 7904r»Conveyors 71, 72.    (See account 7405, and Fig. 91.)
Conveyor 71 has a 20-in. belt, 180 ft. 3 in. from center line to center line of head and tail pulleys with an 8-ft. 9-in. rise, operating at a speed of 300 feet per minute, with a capacity of 150 tons per hour. It takes f-in. material which it unloads through a 20-in. automatic tripper. It brings the fines from the Conveyor 5 to the bedding conveyors. Conveyor 72 has a 20 in. belt, 200 ft. long from center line to center line of head and tail pulleys with a 9-ft. 2-in. rise, operating at a speed of 400 feet per minute, capable of handling 100 tons per hour. It takes 2|-in. material from Conveyor 6 which it unloads through an automatic tripper into the Bunker Bins beneath. The original installation here called for a bedding tripper at $950, which was superseded by an automatic tripper. Both charges are in this account. . For a proper unit cost here, this charge of $950 should be deducted.
The woodwork noted below in the segregated charges includes walkways of two 2 by 12's beside both conveyors, as well as decking.
Cost       Freight        Total
Belts..............................$1,433.79   $102.35     $1,536.14
Conveyor material...................1,451.06     .............
2 automatic trippers and track (used). 1,228.38     369.02      3,998.46
1 ore bedding tripper (discarded).....     950.00     .............
Lumber..............................................        253.74
7J-h.p. motor conveyor 71.............................        138.75
10-h.p. motor conveyor 72..............................        156.80
Centrifugal switch.....................................          72.40
Drive Belts...........................................          54.80
Wire for motors.......................................          97.26
Painting material.....................................         20.88
Miscellaneous.........................................         44.44
Total..............................................    $6,373.67
Account 7904.1—Conveyors 81,82, 83.
(See account 7405.)
Conveyors 81,82,83 are practically identical, running out over the three beds. The exception is that conveyor 83 has a 6-ft. in place of a 3-ft. rise at the start and is 5 ft. longer. In general the three belts are 20 in. wide, 186 ft. 9 in. long, from center line to center line of head and tail pulleys, with a 3-ft. rise, operating at a speed of 400 ft. per minute, with a capacity of 150 tons per hour, taking a f-in. material and distributing it through a bedding tripper onto the beds below. This account segregated shows as follows:.............
